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COPY OF REPORT RELATING TO WORKS EXECUTED 


BOARD OP PUBLIC WOELLS (IRELAND). 


I'ISHERY PIERS AND HARBOURS. 


SEA FISHERIES (IRELAND; ACT, 1883, 46 & 47 Viet. c. 26. 


Office ol Public Works, Dublin, 

17 Ma> 1890. 

1. The Act above quoted received the Royal Assent on the 2nd August 1883, and 
came into operation on the 1st October following. It created a sea fisher}^ fund amount- 
ing to 250,000 L, to he applied by the Commissioners of Public Works for the purposes 
of the Fishery Piers and Harbours Acts, but it enacted that the provision of tlie Act of 
1846, 9 Viet. c. 3, which limits the amount of any grant tg_three-fourths of the cost of the 
work, and that the Act of 1866, 29 & 30 Viet c. 45, w’hich limits the grant for any one 
work to 7.500 ^., shall not apply to this Act, but that the Board (with the approval of 
the Treasury) may make a Iree grant for the whole or any part of the cost of a work, or 
may advance the 'ame by way of loan at a rate of inten st not exceeding 3^ per cent., 
and that repayments of such loans shall form part of the Sea Fisheries Fund, and shall 
be applied by this Board for the purposes of the Act. 

2. Under the 8th section there was constituted a Fishery Piers and Harbours Com- 
mission for the purpose ol aiding this Board in carrying the Act into effect, and giving 
such assistance as had been previously given by the Inspectors of Fisheries, to confer 
with the Board relative to works proposed from time to time to be executed, and 
generally to aid in carrying the Act into execution in such manner as the Lord 
Lieutenant should direct. 

3. The Fishery Piers and Harbours Commissioners were, to be furnished with 
copies of the plans and specifications relating to each proposed work, and to make such 
observations thereon to the Treasury as they th.jught fit. 

4. The arrangement made under the above provisions was that the Fishery Com- 
mission should recommend the several .'=ites at which works were to be constructed, and 
should state the amount of accommodation to he supplied thereat, or in the alternative 
the maximum sum which they would recommend to be exjiended in the interests of the 
fisheries, and that the Board of Public Works was to hove plans, specifications, and 
estimates prepared for the works, which on being sanctioned by the T’reasury were to be 
executed under their direction. 

.5. The. total amount expended for all purposes under the Act, to the 31st March 
1890, was as follows: — 


Expenses of the Fishery Commission 
Pay and tiuvelling expenses of engineering staff, 
Incidental eipenses ------ 

Piers and harbour works, and law expenses - 

and 

£. 

1,845 

14,319 

236,883 

£. 

The funds available were : — 

Grants 

Contributions - 

f. 

263,047 


- 

250.000 

9,864 



£. 

259,864 


Surplus 

Required for completion of works in progress 

- 

- 

6,817 

3,594 

Net Balance 

- - - £. 

3,223 


6. It 
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UNDER THE SEA FISHERIES (IRELAND) ACT, 1883. 

6. It should be stated that the Treasury authorised an excess of 10 per cent, on the 
estimate for any work, provided the gross estimate for all the works was not exceeded; 
aud a further sum of 20,000 1. for travelling, advertising, and other charges, &c., of the 
Fishery Piers and Harhoui'S Commission; for engineering expenses in designing and 
executing the works, “and for unforeseen contingencies,” was also sanctioned- 

7. The above exi)enditure may now be compared with the estimated cost : 

£. 

2.39,268 

20,000 

£. 259,258 


8. However satisfactory such results may be, there are some facts, still more so, 
proving as they do the substantial manner in which the works have been executed. 

9. At the close of the two winters of 1888 and 1889 the Board had all the works 
executed under the two above-mentioned Acts examined by the district engineers 
under whose superintendence they were constructed, and the works were reported in 
good order, with one exception, in the County of Galway, the repairs of which will 
probably cost 100 1. 

10. The Board attribute this successful result ia a great measure to the constant 
care and attention given to the execution of the works by the <listricc engineers and 
other officers under the direction of the chief engineer. 

11. The works under the Sea Fisheries Act, consisted in the construction of — 

A. 39 I’larbours, piers, or quays, with the necessary approaches, excavations, &c., &e. 

B. 9 Boatslips (with breakwaters where necessary). 

C. 2 Harbour lighthouses. 

D. 3 Deepening channels in the sea, beds of hai’bours, erecting lieacoas, See., &c. 

E. 6 Improvement of existing works in raising parapets, quays, &c., &c. 

F. 2 Road approaches or landing places. 

61 

12 The materials used in the constructiou of the piers, slips, &c., consisted of concrete 
walls built up of blocks or m situ, with cut stone for coping, bollards, steps, and landings, 
and rubble for the “ hearting ” of the pier. Tiie lighthouses are cast iron with 
eatadioptric apparatus. 

13. The following are the depths at the heads of the Piers at low water of spring 
tides ; — 

Dry - 

2 leet to 4 feet - 
4 „ 6 „ - 

6 8 - 

14 The details of 
return. 

15. The amount of loans sanctioned under the Act was 27,584 Z., repayable in 12 
years. The sum of 2,715 1. bad been received on account of principal repayments .up 
to November 1889 ; a further sum of 1,802 I is due in November 1890, and the balance 
by annual instalments, terminating in 1902. 

16. There is, therefore, immediately available for additional works the sum of 
6,338 1, made up of 3,223 the net saving on the grant of 250,000 I, plus the sum of 
2,715 already received in repayment of the principal of loans, which, with a further 
sum of 32,285 the amount of' principal and interest repayable between the present 
time and 1902, will make a total of 38,223 /. available between those dates, 

W. B. Soady, Secretary. 


- 33 8 feet to 10 feet - - 1 

- 8 10 „ 12 „ . - 4 

- 8 12 „ 14 ,, . - 1 

- 4 

the expenditure under the Act of 1883 are given in the annexed 


Estimate of expenditure ou works 
Contingencies - . - . 
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COPY OF REPORT RELATING TO WORKS EXECUTED 


Sea Fisheuies Act (Iueland), 46 & 47 Vict. o. 26. 


NAME OP WORK, 
(l.j 

COUNTY. 

cs.) 

Grant. 

C8.) 

Loan. 

(40 

Conti-Ibution. 

(50 

Sanctioned 

Yuuds 
on Original 
Betlniate. 

(6.) 

^pendlcure 
to31st Msith 
18SU. 

(7.) 





£. 

£. 

£. 

£. 



Loughshinny • 

- (P-) 

Dublin 

1,900 

— 

27fi 

2,176 



GrevsbmeB 

- d’-) 

Wicklow - 

8,600 

1,000 

500 

10,000 



Kilmore - 

- (p-; 

Wexford • 

6,876 

2, 1 25 

— 

8,600 



Cheek Point - 

- (p.) 

Waterford 

2,2-50 

— 

760 

8,000 



Passag-e East 

■ (H-) 

ditto 

2,-60 

— 

1,086 

3,916 



Boat Strand 

- (H.l 

ditto 

6,600 

— 

— 

6,600 



iSarivnavitul 

■ (P-) 

ditto 

],318 

174 

13 

1,600 

1.490 


Knookadoon - 

(B.S. 

Cork 

1,2»9 

— 

— 

1,299 



Ballycotton 

- (H.) 

ditto 

10,600 

1,360 

2,860 

20,600 



Ballvcotton 

- (C.) 

ditto 

740 

— 



740 



Ross Bar 

- tP-1 

ditto 

3,500 

— 

500 

4,000 



Uni'in Hall - 

- (P> 

ditto 

3,450 


1,150 

4,600 



Baltimore 

(L.H.) 

ditto 

1 ,800 

— 

_ 

1,300 



Baltimore Slip 

(B.8) 

ditto 

160 

— 

.50 

200 



Castletown Bere 

- (P-) 

ditto 

2,400 

— 



2,400 



Ana-caul- 

(B S.) 

Kerry 

800 

— 


800 

740 


Dingle 

(L.H.1 

ditto 

800 

— 

— 

800 

6B9 


Ballvdavid 

(B.8.) 

ditto 

],5U0 

500 

— 

2,000 

*1,627 


Brandon 

- (P ) 

ditto 

4,8(i0 . 

— 

— 

4,600 

*4,980 


Glin 

(S.I.) 

Limerick - 

28 

— 

. 

23 

•28 


Carrigraliolt 

- (H.) 

Clare 

11,000 

2,500 



13,600 

18,761 


Kilkee 

(Bij 

dttto 

1 ,0o'U 

210 

140 

1,400 



Sea field - 

- (P-) 

ditto 

2,560 

875 



3,426 



Liscannur 

- (H.) 

ditto 

4,600 

1,.600 



0,000 



Trawndalecii - 

■ ('’■> 

Galway - 

2,000 





2,000 

tl,716 


Cashla 

- (P) 

ditto 

2,7 60 








Rossaveel 

ni.A.) 

ditto 

340 





340 



Collaheigne 

- y*-) 

ditto 

2,000 








Beuliidangan • 

-(Pb.1 

ditto 

600 





oOO 

•J36 


Kilkieran 

(S.I.) 

ditto 

700 




700 

♦778 


Cratnoauii' 

- p.) 

ditto 

2,800 








Mason island • 

- (p.) 

ditto 

710 





710 



ArdWest 

- (P' 

ditto 

9H0 







Bunnwen 


ditto 

2,950 






•2,465 


GannongliS 

■ (C.i 

ditto 

3iiO 






•256 


Cleggan - 

- (H.) 

ditto 

6.000 

2,000 


8,000 

5.032 


IniabbofGn 

(9.1.) 

ditto 

240 





240 

*162 


Lecanvy - 

S.I.1 

iVTayo 

1,360 





1,360 

1,007 


CarrowKeerun ■ 

- (P.) 

ditto 

2,760 







Acbill Viaduct 

(S.I.) 

ditto 

],5<U 





1,620 


Belmullet East 

.(H. 

ditto 

8,400 





3,400 

*8,084 


Bel mullet West 

(S.I.) 

ditto 

600 






i.ii 


Killerduff 

CB.S.) 

ditto 

1,250 






*1.164 


foilnamuck 

ILP.) 

ditto 

40(1 






•270 


Lackan • 

• (p.) 

ditto 

5,680 





0,661 


IniBhcront' 

- p.) 

Sligo 

8,000 





6,000 

t0,8l8 


Easky 

■ (p.) 

ditto 

4,0(10 





4,000 

4,266 


Auglii'is - 


ditto 

2,000 








Bunaoran 

. (H.j 

Donegal - 

3,600 






3,240 


Port Uchre 

(li.s.) 

ditto 

1,830 





1,844 


Malinmore 

(B.S.) 

ditto 








Port Salon 

■ la 

ditto 

6,100 

1,000 

300 

0,400 

^',111 


Malm Head 

- (P'S 

ditto 

7,700 

2.000 

300 

10,000 

10,038 


Culduff - 

- (p.) 

ditto 

3.600 

260 

250 

4.000 

3,842 


Portstewart 

- (H.) 

Londonderry • 

3,000 





8,787 


Ballywiiian 

(B.8.) 

Antrim 

1.000 





tl,842 


Ballyhalbert - 

• 

Down 

6,260 

1,400 


7,000 

0,746 


Annalono' 

- (H. 

ditto 

8,0il0 

-00 



8,794 


Kilkeei - 

. (H.) 

ditto 





7,726 


Carlingfford 

■ 

Louth 

11,260 



16,000 

14,61)4 


Oogher Head • 

- <H. 

ditto 

12,760 

4,000 

260 

17,000 

17,876. 





201,810— 

27,634 

- H,k64 

239,268 

236,832 



^erene«s.-~l. Letters in Colomn 1, after name: (P.) means Pier, (H.) Harbonr, (B.) Breakwater, (B.S.) Boat Slip, (Ph.) P««h«, 
7 shows the work carried out by days’ labour, (f) contract and days’ labour : all others were under contract. 3, Tto lour 
of original sanction on structural Improvenienta not additions. (5.) The figures given in Column 13 show the amounts spent out ot 
included in that given in Colemn 9. » e 
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TJNDEE THE BEA FISHERIES (IRELAND) ACT, 1888. 


Ska Fisheries Act (Ireland), 46 & 47 ViCT. c. 26. 


To Complete. 

ca) 

Total. 

(H.) 

Additional Particulars as to Outlay. 

Nature of Addition in previous Column. 

Savings 
efihcted on 
Sanction. 

(10.) 

Excesses 

over 

Sanction. 

(11.) 

Extrae. 

Due to 1 . , 

Structural ! -^dditionai 
Improvemcnls. 1 Acc<Uu- 
1 modadon. 

ci2.:i (M.1 

£. 

£. 

£. 

£. 

£. 

f. 


— 

1.077 

(99 

— 

— 

42 

Addilionnl steps. 

60 

13,744 

— 

3,744 

— 

968 

Small dock. 

— 

7,785 

715 

— 

— 

42 

Additional bollards and ladders. 

— 


— 

385 

94 

241 

Additional steps and fenders. 

J,4.-j6 


— 

485 

855 

— 


— 

0,4.56 

44 

— 

180 

840 

Additional road approaoh, inclines, 

— 


10 

— 

— 


and percli. 

— 

1,426 

— 

126 

28 

— 


— 

10,683. 

817 

— 

206 

302 

Rings in breakwater and rock 

780 



40 

— 

— 

excavation. 

— 

4,389 


332 

322 






4,911 

— 

311 

l.lOl 






1,399 

— 

90 

— 






167 

43 

— 

— 




— 

3,64" 

— 

240 

3 

164 

Fenders. 

— 

7.50 

41 

— 

23 




— 

680 

211 

— 

31 

— 


— 

1.627 

373 

— 

— 

— 


— 

4,96U 

— 

100 

— 

- 


_ 

13,781 

_ 

261 

804 




— 

1,626 

— 

126 

185 






a,33U 

06 

— 

— 

— 


— 

5,184 

816 

— 

276 

418 

Gro.vne extension and mooring 

— 


285 

— 

— 

— 

posts. 

— 

9,036 

714 

• — 

— 

— 


— 

.332 

8 



— 

— 


— 

1,704 

29H 

— 

— 

— 


— 

436 

65 

— 

— 

— 


- 

773 


73 

— 

— 


— 

2.465 

34.5 

— 

— 

— 


— 

.590 

120 

— 

— 

— 


— 

769 

201 

— 

— 



— 

2,465 

485 

— 

— 

— 


— 

2.55 

45 



— 

— 


— 

.S,022 

— 

23 

•55 

— 



162 

78 

— 

— 

— 


— 

1,007 

348 



— 

— 


• — 

3,804 

106 

— 

44 

— 


— 

1,620 

— 

129 

— 

— 


— 

3,984 

— 

.584 

— 

— 


— 

42! 

79 



— 

— 


— 

1,164 

86 

— 

— 

— 


— 

276 

124 

— 

— 

— 


— 

5.681 

— 

61 

107 

— 


— 

6,318 


318 

— 

— 


— 

4,26.-- 

— 

255 

60 

— 


— 

2,346 

— 

345 

1 13 

— 


— 

.3.249 

251 


148 

78 

Steps. 

— 

1.8J4 

156 

— 

— 

— 


— 

1.256 

46 

— 

9.1 

— 




6,111 

280 



86 

— 


— 

10,038 


38 

606 

1,200 

Extension of pier. 

— 

3,84-1 

168 


137 

1,165 

ditto. 

— 

•3,787 

213 


492 

136 

Approach and deepening. 


1,342 

— 

842 

53 

— 


— 

6,746 

1,254 

— 

89 

— 


— 

8,794 

206 

— 

40 

36 

Steps. 

— 

7,736 



826 

698 

— 


— 

14,604 

39« 

- 

3,310 

7 

Skida. 

l,3ud 

lfi,l«8 

— 

2,188 

3,900 

— 


3,504 

24(1,476 

9,712 

10,9.30 

13,321 

5,702 






1 9,238 






Total Extras. 



(C.) ClBarli^ Cnaanol, (L.H.) LighUiouae, (S.I.) Small IraproTemButa, (R.A.) Roai? Appi-oach, (LJ.) Laadin^ Place. 2. (*) lo 
works shown as incomplete, Column 8, will very soon bo finished. 4. The figures given in Column 19 show the amount spent out 
original eanctlon on additions and improreraents. The outlay shown in all ttieso columns (10 to 13) Is merely explanatory, and is 
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